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FOREWORD 


This  Supplement  to  the  1959  Fiscel  Year  Long-Tenn 
Capital  Improvement  Program  contains  the  prelimi- 
nary plans  and  outline  specifications  for  major  con- 
struction projects  included  in  the  recamnended  pro- 
gram. 

The  purpose  of  the  Supplement  is  to  assist  in  visu- 
alizing the  projects  and  their  functions,  and  it 
should  be  studied  in  connection  with  the  capital 
improvement  report.  This  document  is  designed  to 
meet  the  requirements  of  the  Special  Act  passed  at 
the  1956  session  of  the  General  Assembly  which  re- 
quires the  submittal  of  preliminary  plans  and  out- 
line specifications  for  permanent  or  long-time  conr- 
struction  projects  at  the  time  construction  funds 
are  requested. 

All  preliminary  plans  for  building  projects  are  in- 
cluded herein  except  those  for  the  State  Police  Bar- 
racks at  Randsllstown  as  well  as  for  minor  projects 
of  the  Department  of  Forests  and  Parks,  for  which 
projects  standard  plans  are  utilized,  and  several 
minor  projects  each  of  which  costs  less  than  $50,000. 

In  addition  to  the  15  projects  described  in  this 
Supplement,  there  are  11  projects  reccanmended  in 
the  capital  improvement  program  for  the  1959  fis- 
cal year  which  provide  advance  planning  funds  to 
develop  preliminary  plans  and  outline  specifica- 
tions. These  11  projects  are  estimated  by  the 
several  State  agencies  to  cost  about  $9,^00,000. 
Provision  of  advance  planning^ funds  will  enable 
the  State  agencies  to  develop  their  programs  and 
prepare  preliminary  plans  and  specifications,  re- 
sulting in  more  specific  project  requirements  and 
pennitting  more  acciirate  cost  estimates. 


TABLE  OF  CONl'ENTS 

PACE 
FOREWARD  2 

MENTAL  HYGIENE 

Institution  for  the  Criminally  Insane 
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DEPARTMENT  OF  MENTAL  HYGIENE 


FINAL  STAGE  OF  CONSTRUCTION 

Institution  for  the  Criminally  Insane 
Jessup 


PROJECT  DESCRIPTION 


The  Institution,  which  provides  for  300  patients,  is  to  have  areas  for 
staff,  for  feeding;  a  boiler  room,  a  masonry  yard  wall;  and  six  units; 
conprising  hospital  and  recreational  wings,  and  four  housing  units.  The 
first  stage  of  constmiction  of  the  Institution  is  nearing  completion  and 
the  current  project  provides  the  recreational  and  rehabilitation  wing, 
two  housing  units,  the  boiler,  and  the  yard  wall. 


PRELIl^IINARY  PLANS  AND  OUTLINE  SPECIFICATIONS 

The  proposed  imits  vill   be  similar  in  construction  so  as  to  match  the 
first  tinits  constructed.  Final  working  drawings  are  available  so  that 
only  a  plot  layout  is  shown  at  right. 


ESTIMATED  PROJECT  COST 

..  Land ^ 

Building  (including  yard  wall)  790,000 

Utilities - 

Site  improvenents - 

Equipment 99^800 

Total $  889,800 
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DEPARB-IENT  OF  MENTAL  HYGIENE 


(ERIATRICS  BUILDING 

Eastern  Shore  State  Hospital 
Cambridge 


PROJECT  DESCRIPTION 


The  project  will  provide  200  beds  for  aging  patients  -  100  males  and  100 
fanales  -  in  a  separate  one-story  building.  It  will  thus  provide  for  the 
separation  of  aging  patients  frcsn  new  admissions  and  younger  more  active 
patients . 

PRELII^IINARY  PLMS  AND  OUTLINE  SPECIFICATIONS 

Plans  are  shown  at  the  right  and  on  the  following  pages. 

Outline  specifications  are: 

Exterior  Walls  Brick  with  slag  block  back-up 

Roof Flat  portions  composition; 

pitched  portion  slate 

Windows Generally  wood,  double  hung 

Floors  Concrete  with  asphalt  tile; 

toilet  roans  and  similar 
areas  ceramic  tile;  kitch- 
en, concrete 

Interior  Partitions Slag  block  basically;  toilets 

and  similar  areas  ceramic 
tile  or  structural  glaze; 
wainscots  glazed  surface  on 
slag  block;  upper  walls 
slag  block,  painted 

Ceilings  Plastered;  acoustical  ceil- 
ings in  high  noise  level 
areas 

Mechanical  Heating  either  radiant  in  the 

floor  or  "fin  type  base- 
board}" plumbing,  standard; 
electrical,  standard 

ESTBIATED  PROJECT  COST  (Advance  planning  funds  of  $1A,000  were  provided  in  the 
1958  G.C.L.  program) 

Land $ 

Building  (including  fees  and  mechanical  -  electrical),  .  .  .  1,216,000 

Utilities 10,000 

Site  improvements 60,000 

Equipment  (to  be  requested  later) - 

Total $  1,286,000 

Cost  of  building  per  cubic  foot  approximately  $1.30 
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DEPAKEIENT  OF  MENTAL  HYGIENE 


INDUSTRIAL  BUILDING 

Rosewood  State  Training  School 
Owings  Mills 


PROJECT  DESCRIPTION 


The  project  will  be  the  second  step  in  the  construction  program  for  the 
Long-Term  Care  Colony,  the  first  step  being  a  4.00-bed  patient  building 
now  under  construction. 

The  building  vdll  be  a  single- story  industrial  type  building  of  approxi- 
mately 170,000  cubic  feet,  designed  to  be  expandable.  It  will  provide 
occupational  therapy  and  usefvil  work  for  the  patients  by  the  use  of  shops 
for  pressing,  sewing,  woodworking,  pednting,  and  a  general  shop. 

PRELIMINARY  PLANS  AND  OUTLINE  SPECIFICATIONS 

Plans  are  shown  at  the  right. 
Outline  specifications  are: 

Exterior  Walls  Brick  with  slag  block  back-up 

Roof Long  span  steel  deck  with  can- 
position  roof 

Windows Industrial  steel 

Floors  Concrete  on  grade  generally, 

with  added  asphalt  tile  fin- 
ish in  office  and  sewing 
roomj  toilet  floors  of  cerani- 
ic  tile 

Interior  Partitions Slag  block  painted 

Ceilings  Exposed  steel  decking  except 

where  essential  acoustic  tile 
to  be  suspended 

Mechanical  Heating,  generally  by  unit 

heaters;  plumbing,  standard 
as  required;  electric,  stand- 
ard lighting,  with  provision 
for  requirements  of  various 
machines  in  shops 

ESTBIATED  PROJECT  COST 

Land $ 

Building  (including  fees  and  mechanical  -  electrical) 177,000 

Utilities  and  Site  Improvements. 8,000 

Equipnent 1A.800 

Total I  199,800 

Cost  of  building  per  cubic  foot  $0.91 
Cost  of  building  per  square  foot  $13.00 
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DEPARTMENT  OF  MENTAL  HYGIENE 


BUILDING  FOR  EI^IOTIONALLY  DISTURBED  CHILDREN 
Rosewood  State  Training  School 
Cwings  Mills 


PROJECT  DESCRIPTION 


The  project  provides  a  second  vziit   building  for  emotionally  disturbed 
children.  It  is  a  two- story  building  of  general  design  similar  to  the 
present  building  for  emotionally  disturbed  children,  and  will  have  a 
capacity  of  60  patients.  It  will  provide  also  a  center  for  research  in 
this  field  of  child  psychiatry. 

PRELIMINARY  PLANS  AND  OUTLINE  SPECIFICATIONS 

Plans  are  shown  at  the  right  and  on  the  following  pages. 
Outline  specifications  are: 

Exterior  walls  Brick  on  slag  block  or  concrete 

Interior  walls  Slag  block                    j 

Wainscots Glazed  brick  or  tile            j 

Roof Slate                        | 

Windows Steel  and/or  wood              i 

Floors  Generally  asphalt  tile  on  concretej 

Ceilings Plaster  or  acoustical  tile 

ESTIMATED  PROJECT  COST 

Land $ 

Building  (including  fees  and  mechanical  and  electrical) ....  /14G>000 

Utilities 25,000 

Site  improvements 20,000 

Equipment  (to  be  requested  later) - 

Total $  485,000 

Cost  of  building  per  cubic  foot  $1.10 
Cost  of  building  per  square  foot  |17.50 
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DEPARTi'lENT  OF  MENTAL  HYGIEWE 


ADMINISTRATION  BUILDING 

Spring  Grove  State  Hospital 
Catonsville 


PROJECT  DESCRIPTION 


The  project  consists  of  a  two-story  and  basement  bxiilding  of  brick  and 
cement  block,  85,000  cubic  feet.  It  will  house  all  administrative  of- 
fices, a  conference  room  and  a  mail  room. 

The  centralization  of  administrative  offices  will  release  space  in 
patients'  buildings  enabling  the  provision  of  47  additional  beds. 

PRELIMINARY  PLANS  AND  OUTLINE  SPECinCATIONS 

Plans  are  shown  at  right. 
Outline  specifications  are: 

Exterior  walls Stone  faced  in  part  to  harmonize  with 

adjacent  structures;  renainder 
stucco  or  metal  panels 

Roof  Flat  built-up,  20-year  roofing 

Windows Metal  awning  and  casement  types 

Floors  Steel  joist  with  thin  concrete  slabs, 

finished  in  office  sections  with 
asphalt  tile;  toilets,  ceraiaic  tile 
Interior  Partitions In  general  office  area  -  stock  indus- 
trial prefabricated.  In  executive 
sections,  toilet  areas  and  on  sec- 
ond floor,  slag  block;  interior  of 
exterior  walls,  slag  block 

Ceilings Plastered  on  wire  lath 

Mechanical  Heating,  baseboard;  electric,  standard 

office  fixtures;  plumbing,  standard 

ESTIMATED  PROJECT  COST 

Land $ 

Building  (including  fees  and  electrical  -  mechanical) 118,000 

Utilities  and  Site  Improvements 7^000 

Total $  125,000 

Cost  of  building  per  cubic  foot  ^1,10 
Cost  of  building  per  square  foot  $12.50 
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STATE  DKPAR]3IJ!2JT  OF  PUBLIC  WK-LFAKE 


ACADi!24IC  CLASSROOM  BUILDING 

Boys'  Village  of  Maryland 
Cheltenham 


PROJECT  DESCRIPTION 


The  project  consists  of  a  one-story  academic  classroom  building  with 
auditorium.  It  contains  17  classrocms,  a  library  and  two  offices. 

This  building  will  permit  consolidation  of  the  educational  programs 
of  the  institution. 

PRELIMINARY  PLANS  AND  OUTLINE  SPECIFICATIONS 

Plans  are  shown  at  right. 
Outline  specifications  are: 

Exterior  walls  Face  brick  with  slag  block  back-up 

Roof KLat  built-up,  20-year  roof 

Windows Steel,  awning  type 

Floors  .  Concrete  with  asphalt  tile  general- 
ly throughout;  toilets  -  ceramic 
tile J  general  purpose  roan,  maple 

Interior  Partitions Slag  block  painted 

Ceilings  Exposed  joists  in  classroans;  toilets 

and  where  necessary  plastered  to  conce 
plumbing 

Mechanical  Heating,  baseboard;  electrical  and 

plumbing,  standard 

ESTIMATED  PROJECT  COST 

Land $ 

Building  (including  fees  and  electrical  and  mechanical) .  .  .  375*000 

Utilities  and  site  improvements 25»000 

Equipment  (to  be  requested  later) - 

Total $  400,000 

Cost  of  building  per  cubic  foot  $1.10 
Cost  of  building  per  square  foot  $15.00 
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STATE  Di!:PART^■IENT  OF  PUBLIC  WELFARE 


OHIiiiNTATION  COTTAGE 

Maryland  Training  School  for  Boys 
Loch  Raven 


PROJECT  DESCRIPTION 


The  project  consists  of  a  two- story  orientation  cottage,  which  is  a  self- 
contained  vinit,  including  classrooms,  shops,  interview  rooms,  related 
facilities  and  also  two  apartments  for  staff  members.  The  design  is  based 
on  that  of  the  present  jiinior  cottages,  but  with  necessary  modifications, 
which  preliminaries  are  available. 

PRELB'iINARY  PLANS  AND  OUTLIl^  SPECIFICATIONS 

Plans  are  shown  at  right. 
Outline  specifications  are: 

Exterior  walls  Brick  to  match  adjacent  cottages  with 

slag  block  exposed  in  interior, 
painted 

Roof Pitched  same  as  adjacent  cottages  with 

asphalt  shingle  finished  surface;  cop- 
per gutters  and  downspouts 

Windows Steel  same  as  existing  cottages 

Floors Concrete  with  asphalt  tile;  toilet  rocuis, 

ceramic  tile,  general  purpose  room,  oak 

Interior  Partitions Generally,  slag  block  painted 

Ceilings  Plastered  on  metal  lath 

Mechanical  Normal  facilities  same  as  existing 

cottages 

ESTMATED  PROJECT  COST 

Land $ 

Building  (including  fees  and  electrical  and  mechanical) ....    235,000 

Utilities  and  site  improvements)  25,000 

Equipment  (to  be  requested  later) - 

Total $  260,000    ; 

1 
Cost  of  building  per  cubic  foot  ^1.15  ' 

Cost  of  building  per  square  foot  $1/!|..50 
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DhiPARmENT  OF  CORRJiCTION 


Gt;NTRAL  LAUNDKY 

Deparlzaent  Headquarters 
Sykesville 

PROJECT  DESCRIPTION 

The  project  consists  of  a  central  laiondry  to  be  operated  by  the  Department 
of  Correction  to  serve  the  needs  of  the  institutions  of  the  Department  of 
Mental  Hygiene  \riiich  are  located  at  Spring  Grove,  Springfield  and  Rosewood. 
The  building  of  370,000  cubic  feet,  will  include  a  boiler  plant,  and  laun- 
dry equipnent.  The  project  will  include  inside  and  outside  utilities  and 
a  security  fence. 

PRELIMINARY  PLANS  AND  OUTLINE  SPECIFICATIONS 

Plans  are  shown  at  right. 
Outline  specifications  are: 

Exterior  walls  Brick  on  cinder  block 

Roof  Gypsum  plank  with  20-year  built-up  roof 

Windows Stock  steel 

Floors  Concrete  slab  with  asphalt  tilej  tile 

in  toilet  rocans 
Interior  walls  Cinder  block,  painted;  tile  in  toilet 

rocms 
Ceilings  Gypsum  plank  and  structural  joists 

painted 

Mechanical  Steam  unit  heatersj  conventional  plumbing 

Electrical  Fluorescent  lighting 

ESTIMATJ!.D  PROJECT  COST 

Land $ 

Biiilding   (inclioding  fees  and  electrical  and  mechanical).    .    .  4-56,000 

Utilities,  roads  and  fence   88,000 

Boiler  plant   225,000 

Equipment A31|.000 

Total $  1,200,000 


Cost  of  building  per  cubic  foot  $1.20 
Cost  of  building  per  square  foot  $16.00 
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DEPARTMENT  OF  GOREECTION 


CORRECTIONAL  CAKP 

Central  Laundry 
Department  Headquarters 
Sykesville 

Also,  Maryland  Penitentiary 
Quantico,  Maryland 

(These  two  projects  are  identical  except  for  location.) 

PROJECT  DESCRIPTION 

The  project  consists  of  a  minimum  security  building  to  house  150  male  in- 
mates. It  includes  officers'  quarters,  kitchen,  dining  facilities  and 
recreational  areas.  The  building  has  one  story,  and  a  partial  basement 
for  heating  and  food  storage. 

PRELmiNARY  PLANS  AND  OUTLINE  SPECIFICATIONS 

Plans  are  shown  at  right. 

Outline  specifications  are: 

Walls Concrete  block 

Exterior  walls .  .Brick  veneer 

Interior  walls Tile  facing 

Windows Steel  security  windows  throughout  except 

residential  steel  casement  windows  in 
Supervisor's  office  only 

Floors Concrete  with  asphalt  tile 

Ceilings Cushiontone  tile 

ESTIMATED  PROJECT  COST 

Land ' $ 

Building  (including  fees  and  electrical  and  mechanical)  .  .  .  285,000 

Utilities  15,000 

Equipnent  15.000 

Total $  315,000 

Cost  of  bioilding  per  cubic  foot  $1.00 
Cost  of  building  per  square  foot  $12.00 
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DEPARTMENT  OF  CORRECTION 


DISCIPLINARY  AND  TREATMENT  BUILDING 

Maryland  State  Reformatory  for  Wcmen 
Jessup 


PROJECT  DESCRIPTION 


The  Reformatory  for  Vfomen  is  operated  on  a  cottage  basis  and  no  adequate 
provision  has  existed  to  handle  extreme  behavior  problems.  The  project 
will  provide  a  /iO-bed  maximum  security  lonit,  comprising  12,500  square  feet, 
for  the  handling  of  disciplinary  cases  and  for  the  treatment  of  disturbed 
and  maladjusted  inmates. 

PRELL^INARY  PLANS  AND  OUTLINE  SPECIFICATIONS 

Plans  are  shown  at  right. 

Outline  specifications  are: 

Exterior  walls  Reinforced  concrete  with  brick  facing; 

interior  walls  in  cell  areas,  exposed 
and  painted 

Roof Slate  on  gypsum  plank 

Windows Steel  j  all  windows  with  security  gratings 

Floors  Concrete  in  cell  areas;  asphalt  tile  in 

special  use  areas 

Interior  partitions Reinforced  concrete  and  steel  detention 

partitions  in  cell  areas;  cinder  block 
painted  in  special  use  areas 

Ceilings  Exposed  concrete  slab,  painted;  acousti- 
cal tile  in  special  use  areas 

Heating  and  ventilation.  .....  Radiant  pipe  coils  imbedded  in  slabs; 

forced  air  ventilation,  all  openings 
to  have  security  gratings 

Miscellaneous Plumbing,  electrical  and  mechanical 

equipment  shall  be  as  indestructible 
as  possible 

ESTIMATED  PROJECT  COST 

Land $ 

Building   (including  fees) 318,000 

Utilities 7,500 

Site  improvements 4.,  500 

-_^       Equipment   (to  be  requested  later) z 

Total $  330,000 

Cost  of  building  per  cubic  foot  $1.57 
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STATE  DEPARTMENT  OF  EDUCATION 


GYMNASIUM 

Salisbury  State  Teachers  College 
Salisbury 


PROJECT  DESCRIPTION 


The  project  provides  a  gymnasium  with  auxiliary  facilities.  The  gymnasium 
hall  proper  is  96  feet  by  112  feet,  with  972  spectator  seats.  The  auxil- 
iary facilities  are  disposed  arovmd  the  main  hall  in  one-story  structures. 
They  consist  of  lockers,  showers,  coat  rooms,  toilet  rooms,  exercise  rooms, 
storage  rooms,  and   other  auxiliary  spaces.  The  heating  boiler  is  located 
in  a  basement  at  the  rear. 


PRELIMINARY  PLANS  AM)   OUUINE  SPECIFICATIONS 

Plans  are  shown  at  right. 
Outline  specifications  are: 

Structure •  .  .  Steel  skeleton  with  steel  bents 

Exterior  walls Face  brick  on  slag  block 

Roof 20- Year-bonded  roofing,  glass  roof 

panels  over  gymnasium 

Interior  walls Glazed  tile  or  slag  block  painted 

Floors Asphalt  tile,  maple  in  gymnasium 

Ceilings Metal  acoustic  or  plaster  painted 

Windows  and  screens  Aluminum 

Doors Hollow  metal 

Heating  Oil-steamj  ceiling  units  and  flush 

metal  convectors 
Eqiiipment  included Bleacher  seats,  electric  scoreboard, 

lockers,  laundry  equipment 

ESTIMATED  PROJECT  COST 

Land $ 

Building  (including  fees  and  equipment)  425,000 

Utilities ^,,000 

Site  improvements 7.500 

Total $  436,500 

Cost  of  building  per  cubic  feet  $0.B5 
Cost  of  building  per  square  feet  $17.00 
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UNIVERSITY  OF  MARYLAND 


PHYSICAL  SCIENCES  LECTURE  HALL 
College  Park 

PROJECT  DESCRIPTION 

The  project  covers  one  of  the  two  physical  sciences  lectiire  halls  provided 
in  the  development  plan  for  the  physical  sciences  area  of  the  campus. 
There  is  a  shortage  of  classroans  seating  125-350  stxadents.  The  project 
comprises  a  single  lecture  hall  building  with  access  and  service  areas. 
It  contains  on  one  side,  an  anphLtheater  type  lecture  and  demonstration 
hall  two  stories  in  height,  which  will  seat  342  students;  and  on  the  other 
side,  two  smaller  lectxu:e  rooms,  one  over  the  other,  each  one  story  in 
height,  which  will  seat  12^.  students  each.  The  total  seating  capacity 
will  be  590.  The  corridors  serve  also  as  continuation  of  existing  ccoi- 
munications  between  the  buildings  of  the  science  group. 

The  volume  of  the  building  is  192,000  cubic  feet.  The  three  lecture  halls 
total  6,368  square  feet.  The  service  areas  total  6,8S2  square  feet, 

PRELIMINARY  PLANS  AND  OUTLINE  SPECIFICATIONS 

Plans  are  shown  at  right  and  on  the  following  pages. 

Outline  specifications  are: 

Exterior  walls  Face  brick,  backed  by  slag  block  or  brick. 

Limestone  parapet  to  match  existing  work 

Interior  walls Partitions,  slag  block  with  structviral  tile 

base  or  face  brick;  weills  generally 
painted  slag  block  or  brick 

Foundations  and  structure.  .  .  Reinforced  concrete 

Roof  Structural  steel  framing  with  precast  con- 
crete or  gypsum  deck 

Doors Wood 

Windows Double-hung  wood  to  match  existing  work 

Floors Asphalt  tile 

Ceilings Painted  structiiral  concrete;  in  lecture  rooms, 

suspended  acoustical  plaster  or  tile 

Toilets Ceramic  tile  floors  and  wainscot 

Heating  and  Ventilating.  .  .  .  Cast  iron  radiation,  and  finned- tube  heat- 
ing. Lecture  rooms  air-conditioned. 

Lighting  .  Variable  lighting  in  lecture  halls 

ESTIMATED  PROJECT  COST 

Land I 

Building  (including  fees  and  mechanical-electrical) 300,000 

Utilities 

Site  improvements - 

Total $  300,000 

Cost  of  building  per  cubic  foot  11.25 
Cost  of  building  per  square  foot  $17.00 
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UNIVERSITY  OF  MARILAM) 


ALTERATIONS  TO  OPERATING  ROOM  SUITE 
7th  Floor,  Wing  B 
University  Hospital 
Baltimore 


PROJECT  DESCRIPTION 


The  project  consists  of  improvements  to  the  lighting  and  to  the  steriliz- 
ing rooms;  conductive  floors  to  protect  against  static  electricity;  air- 
conditioning  the  operating  rooms  and  the  anesthesia  roans;  changes  to  the 
partitioning,  and  modernizing  the  equipaent. 

PRELIMINARY  PLANS  AND  OUTLINE  SPECIFICATIONS 

Plans  are  shown  at  right. 

The  changes  will  conform  to  the  present  building. 

ESTIMATED  PROJECT  COST 

Land $ 

Structxoral   (including  fees  and  mechanical-electrical) 91,000 

Utilities - 

Site  improvements 

Equipment 98.800 

Total $  189,800 
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UNIVERSITY  OF  MARHiAND 


ELEVATOR  MD  IMPROVEMENTS 
University  Hospital 
Baltimore 


PROJECT  DESCRIPTION 


The  project  will  provide  a  sixth  elevator,  the  preparation  of  the  shaft 
for  the  elevator,  and  improveirients  required  to  relocate  activities  now 
using  the  elevator  shaft.  Among  the  facilities  which  must  be  moved  are: 
2  ice  machines;  office  of  Dietary  Departmentj  8  dishwashing  areasj  nose 
and  throat  treatment  rocm;  scrub  roomj  waiting  rocaa;  and  storage  space. 
The  main  dishwashing  area  and  the  nose  and  throat  treatment  rocm  will  be 
relocated  on  the  first  and  second  floors,  respectively,  of  an  addition 
to  the  building  which  will  be  constructed  to  harmonize  with  the  present 
building. 


PRELMINARY  PLANS  AND  OUTLINE  SPECIFICATIONS 

Plans  are  shown  at  right. 

The  new  addition  will  confonn  to  the  present  building. 


ESTIMATED  PROJECT  COST 

Land $ 

Structure  (including  fees,  elevator  and  other  building 

service  equipment) 208,000 

Utilities 

Site  improvsiients - 

Equipnent - 

Total I  208,000 
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